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Thanks for the update Carlos 


Vaya con Dios, 


Jeff Zarrinnam, C.H.A. 

President & CEO 
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From: Carlos Rios [mailto:carlos.rios@lacity.org] 

Sent: Wednesday, March 30, 2016 4:14 PM 
To: Carlos Rodriguez 

Cc: Uy Tran; Lupe Sandoval; Austin Kano; Sunil Rajpal; Aram Taslagyan; Jeff Zarrinnam; Robert 
Sanchez; Sunny Ton 

Subject: NTP - Vermont Median Islands to be issued on 4/13/16 
C-Rod, 

I just got off the phone with our Board of Public Works, and the Notice to Proceed (NTP) will 
be issued to Griffith for the construction of the raised median islands along Vermont. 

I have left a message for Bureau of Contact Administration (Con Ad) to find out who the lead 
City Inspector will be. As soon as I get that information, I will pass it along so we can begin 
scheduling the Pre-Construction meeting. 

Please make sure you loop in Aram Taslagyan (CD 13), Robert Gutierrez (BSS), Sunny Ton 
(BSS), and Jeff Zarrinman (Hollywood BID) [all cc'd in this e-mail] when you schedule the 
pre-construction meeting. 

Jeff, Robert, Sunny, 

Carlos Rodriguez has been re-assigned to our group and will serve as the lead construction 
manager on this project. 

Robert/Sunny, 

Do you have a DWP contact that should also be invited to the pre-construction meeting? 
Thank you all for your patience on this long-awaited project. 

Carlos 


Carlos Rios 

Complete Streets Division | Senior Transportation Engineer 
Los Angeles Department of Transportation 
Tel: 213-972-4963 



